NEW YORK 

STATE OF 
OPPORTUNITY 


NY Power 
Authority 


SEND YOUR INVOICE TO: 

NEW YORK POWER AUTHORITY 
Attn: ACCOUNTS PAYABLE 
PO BOX 437 

WHITE PLAINS, NY 10602 
(914) 681-6200 

APInvoices@nypa.gov 
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HAUGLAND ENERGY GROUP LLC 

11 COMMERCIAL ST 

CHANGE TO PURCHASE ORDER 

PLAINVIEWNY 11803-2401 

PO number 

: 4500295602 Date : 

03/15/2018 

ATTN: John Reynolds 

Contact Person 

: HAGOP MIKAELIAN 



Telephone 

: 914-681-6382 Fax : 914-681-6783 

Your Vendor No. with us: 33150 

E-Mail Address 

Hagop.Mikaelian@nypa.gov 


Our Reference 

10268369 



Your Reference 

: PR Restore 


Delivery Point: 



Delivery date 

12/28/2018 


NEW YORK POWER AUTHORITY - WPO 
123 MAIN STREET 
WHITE PLAINS NY 10601 


Deliv. terms: DDP DEST. FRGHT INCL IN PRICE 

Pavt. terms: NET DUE WITHIN 30 DAYS Currency: USD 


THIS CHANGE ORDER No. 1 (CO 1) TO PO No. 4500295602 EFFECTIVE AS OF APRIL 3, 2018 IS 
ISSUED TO HAUGLAND ENERGY GROUP TO ADD A NEW COST ITEM AND INCREASE THE FUNDS OF ITS 
CONTRACT FOR HAUGLAND TO CONTINUE AND PROVIDE THE NECESSARY QUALIFIED PERSONNEL AND 
ANY EQUIPMENT AND MATERIALS REQUIRED TO PERFORM ENERGYRESTORATION SERVICES FOR 
PUERTO RICO AS A PART OF THE NEW YORK CONTINGENT. 

THE TOTAL NOT TO EXCEED LUMP SUM AMOUNT OF THIS CO 1 IS $12,000,000.00. 

ALL OTHER TERMS AND CONDITIONS OF THE CONTRACT REMAIN THE SAME AS BEFORE. 

THANK YOU. 

NEW YORK POWER AUTHORITY 
123 Main Street 
White Plains, NY 10601 
Attn: Hagop Mikaelian 

Manager - Category (E & C) 

Tel: 914-681-6382 

E-mail: Hagop.mikaelian@nypa.gov 




















SEND YOUR INVOICE TO: 



NEW YORK 

STATE OF 
OPPORTUNITY. 




NY Power 
Authority 


NEW YORK POWER AUTHORITY 
Attn: ACCOUNTS PAYABLE 
PO BOX 437 

WHITE PLAINS, NY 10602 
(914) 681-6200 

APInvoices@nypa.gov 
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HAUGLAND ENERGY GROUP LLC P0 number/date 

11 COMMERCIAL ST 4500295602 / 03/15/2018 

PLAINVIEWNY 11803-2401 


*** *** 

Item 

Order Qty. 

Unit 

Unit Price 

Extended Price 

00002 

12,000,000 

EACH 

1 

12,000,000.00 


CO 1: Continued efforts with energy restoration services for Puerto Rico 
as a part of the New York Contingent - approved by NYPA Trustees at its 
March 20, 2018 Trustee meeting. 


New item 


CONTRACT PRICING: 


- Base Contract Lump Sum Amount is: 

- Lump Sum Amount of this Change Order 1 is: 


$ 3,000,000.00 
$ 12 , 000 , 000.00 


Current Contract Not 


To Exceed amount is: 


$15,000,000.00 


Text changed 


The changes of the Contract price or time of performance specified herein, if any, shall be the complete 
and exclusive changes of such on account of the foregoing changes in the work/services. 

Except as specifically modified herein, all terms and conditions of the original contract and any previously 
approved change orders apply. 

THIS CHANGE ORDER IS BEING SENT FOR YOUR E-SIGNATURE THROUGH ECHOSIGN AND WILL 
BE THE ONLY RECORD OF THIS CHANGE ORDER. FAILURE TO COUNTER SIGN THROUGH 
ECHOSIGN WITHIN FIVE (5) BUSINESS DAYS MAY DELAY THE PAYMENT OF YOUR INVOICES. 


Signature: 

Email: 

Title: 

Company: 


1c4m< Csmalfr- 

John Canale (Apr 3,2018) 

john.canale@nypa.gov 
VP Strategic Supply Management 
New York Power Authority 


Signature: 

Email: 

Title: 

Company: 


william Haualand 

William Haugland (Apr 6,2018) 

bill@hauglandllc.com 
Cheif Executive Officer 
Haugland Energy Group LLC 


Vendor Acknowledgement Signature and Date 
Acceptance of this order shall constitute 
acceptance of terms and conditions which 
follow and any attachments hereto. 


NYPA Authorized Signature and Date 



















